TOWN OF ARLINGTON 
Department of Public Works 
51 Grove Street 

Arlington, Massachusetts 02476 
Office (781) 316-3320, Fax (781) 316-3281 

Engineering Division 

Project Update: June 13, 2013 originally posted May 3, 2013 
DPW Construction Projects: 

2012-2013 Handicap Ramp Program 

Construction of Sidewalks and Wheelchair Ramps - various locations 

As part of the Annual Handicap Ramp project the Department of Public Works, the 
Town’s contractor, ERA Equipment, LLC., has been performing work on select streets 
installing ADA compliant handicap ramps. As of June 13, 2013 the following locations 
have been completed: 

• Medford St. 

Warren St. 

Lewis St. 

Sherborn St. 

Jean Rd. 

River St. 

Hamlet St. 

Orchard Place 
Parallel St. 

Maynard St. 

• Mystic Valley Parkway 

Maynard St. 

• Newton St. 

Parallel St. 

Hamlet St. 

• Chestnut St. 

O’Keefe Funeral Home 
Municipal Parking Lot 
#17 

• Mass. Ave. 

Arlington High School 

This work is being perfonned to improve accessibility to and along the streets of Arlington and 
includes the installation of ADA compliant ramps, detectable warning panels, level landings and 
transition areas to the existing sidewalks. It is anticipated that work will be completed this Summer. 


• Rhinecliff St. 

Dow Ave. 

Day St. 

• River St. 

Ernest Rd. 
University Rd. 

• Everett St. 

#130 

Ernest Rd. 
University Rd. 

Regis Rd. 

Purcell Rd. 

• North Union St. 

Norcross St. 

• Mill St. 

Bacon St. 

#17 

• Foster St. 

School Play Ground 
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As work progresses at additional locations, informational flyers will be placed at abutting homes 
notifying residents of the upcoming work and detailing the anticipated impacts. During the times of 
construction activity residents should expect some on-street parking restrictions to allow for 
construction activities & equipment. The contractor will make every effort to keep inconveniences to a 
minimum and traffic police details will be present to aid in driveway access/egress and roadway safety. 
Residents are requested to observe on-street roadway postings and detour signs to aid traffic 
management efforts. Residents traveling through these areas should plan accordingly, allow for travel 
delays and should consider alternative routes when possible. 

The Department of Public Works would like to thank the residents of Arlington for their cooperation 
and understanding during this construction process. 
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